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8 February ~ 12 March 1962 


1. Meetings end Contacts: 

25X1A 

| a [| was at BL Centro during this period con- 

2 BX 1A tinuing work on the B and associated equipment - see ettached 
report by| who visited El Centro during this period. 


25X1A 
| b. | 
| wee <=" See oe see ae 


c. The Director, Dr. Scoville ani Messrs. Bugene Kiefer 25X1A 
25K 1A [__]¥ietted P & W at Weat Pate Beach on 96 February - a 


25X1A 
a. On 27 February [et eet 
| quarters visited the 0.8. Navy photo facilities at Jobnusviile, Pa. in 
| search of & source for photograghic manpower. (We have just been advised 
25X1A that[ lof SETD is availiable for reassignment and consideration. 
This may answer our manpower requirexent. ) 


e. Mr. Rod Scott of P & E visited Headquarters on 28 February and 
met with Mr. Bissell and Eugene Kiefer to discuss the P & E C-123 Camre 
tests and progress status of the camera. 


| 

25X1A f. Dr. Scoville, Colonel ¢ ohn Parangosky 
. . i Giller, Eugene Kiefer and Jcbn 

vere TOY LACT lon i and @ March. 


| & Dr. Scoville, Colonel Giller and Mr. 
25X1A on 2 Mirch end wet with [Od 


| he De. Scoville and Bugene Kiefer visited the Bastwan Kodak Company 


| 25X1A 
| i-[ sider Baw ona 
Visited Headquarters on 6 Mar ew pump ena. 
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mG 
k. , 

exe wera os of Basta visited Headquarters on 12 March and dis- 


tons the atvisability of const Savy 
modified P.2 Canara as an GICART training an? tracking cmon.” id 


1. On 12 Merch we. C.L. Johneon of Lockheed re 
. h * reported the fallowl 
aircraft delivery schedule for Headquarters considerations 


AF-12 (KEDLock) 


25X1A 


i 


$l March 


©& Jue 
3 (duly 


SSeynr eres 


abu 


25X1A 


Re Ga 12 March the seventh SLR test £14 grt cessfully 
by Westinghouse and the take sent to TTEK for processing 


25X1A 
tank sealing vith 
PATA itted et @ lates coc 


O5X1A is colonel Geary and Mesere{ land Cunningham vere at the 
em : Pry nafendg i tabcresmbor hed bea Dap Commander of 

@ congressional . t = met Tox transi oe 25K1A 
25X1A *ratfic betveen = 


@ Gn i5 March there will be a -. Bureau Budget 
at the request of the Acting Comptralies en te ie | 
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OXC-317T 


Copy_¢ af 
2. Engine Development and Status: 


&. em ag teat time accumulation for the period 12 February through 
Li Merch 1962: 
Total engine time 136 hours 
Afterburner time 1G hours 
De16 engine tine 126 hours 
Hot inlet tine 26 hours 
Mach 2 inlet tine 3 hours 
Hot turbine time i7 hours 


(1) ‘hres test stands are in operation with engines: 


FX-111 (turbine inlet profile) 
PX¥-114 (calibration prior agers 
Fi-116 (controls calibration) 


(2) Engines FX-112, 113, 115, XD-1, XD-2 are in assenbly for 
retuild with “return to test" targets varying from 3/30 to 4/15. 


(3) Engine FX-116 delivered to Hartford for test stand shakedown. 
¥i~-L17 heretofore dormant will be reactivated. XD-j is reallocated 
frou delivery to development promran. 


(4) Primary effort directed toward engine endurance time ac- 
cumulation, hydraulic yup development, ani controls calibration. 


(5) During the last week, three different] ____fhydraulic 25X1A 
pump enlurance teste were initiated end terminated at fram 10 to 
30 hours because of two instances of piston rod retention failure 
and ons bore weer failure. A further substantiation of piston rod 
retention design deficiency. Corrective actions initiated. A fourth 
pump ie now on test at 14 hours with 3% of] and 200° F. 


(6) One mein fuel control has completed 106 hours hot endurance 
with valve and piston stickiness reported above 25 hours. 

Que afterburner fuel control has completed 118 hours hot en- 
durance (226 hours total hot time this unit) with reported pup con- 
troller problems under investigation. 


Integrated control system sea level engine operation without 
seizure now stands at 66 hours. 
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3. Subjects for Discussion: 
&. ; Teme i 
(1) Engine/Airframe delivery compatibility. 
(2) Engine specification changes. 
(3) Sterter. 
(4) Airframe accessory drive requirements. 
b. Lockheed aircraft deliveries ami speed up. 
c. Security implications of the B-70 problem. 
4. Gtatus of the interceptor and bomber version of the A-12. 


4. Problem Areas: 
b. Phe lack af appreciable progress in the A.B. program. 
25X1A t. [| ramp. 
d. First stage parachute malfunctioning. 
@. Fiyvat flight delay due to tank sealing problem. 
f. Aireraft deliveries. 
5. Decisions: O5X1A 
a. Cancellation of the seconéi [ | Byatom 3 camera. 
®. Runway lengthening. 


c. Finglizing of the electronics ani communications equipment to 
be installed. 
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| 25X1A 
| @. Simator -see| ——_—sfattached paper. 


e. Byecific assignment of mudber 4 as @ trainer-tyye. 


JOHH PARANGOSKY 
c/us/orp 
25X1A 


[snc /op/orpshm) (13 March 1962) 


Attechnents: 25X1A 


25X1A 3- bee 25X1A 


= Sianiater Bepert 


a / 
Cy Fi - . watts. 
2 - ac/DPD 

3 + Ex0/DPD 

4. = ASST. cH/DPD 


56 ~ Y bry hank 


7 
8 - pB/DED 
9 REED 


rat 
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